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Reviews! of Transmitter Field 


Investigate specifications/ cost and availability of transmitters and RF 
linear amplifiers in the 100 watt, 5000 watt and 20000 watt range having defi- 
nite suitability for OC uses. 


PHO Jt ( T PI 'il R I P ' I ON 


Investigate comercial and military equipment resources with i» view 
toward selection of transmitters and/or linear vtvlift*r* ' 00 
requirements at a reasonable cost. Prepare a report listing the relative 
merits and shortcomings of each as found by a comparison of manufacturers 
specifications and/or Agency tests. 
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1 . A meeting was held with two ^^^^representativea concerning 25X1 A5a 
the continued failure of the model 12 -B as reported by the TDY^H ztsAI A 

station engineer. At this meeting, OC-E and OL/FD asked for a full 
25X1Aj5a1 refund from^H^H Minutes of the meeting are available in the project 
folder. 


12 -B and the continued 25X1A5a|l 
fication 

pro - m/i 



2. Due to the unreliability of the 

circuit requirement, a procurement memo with sole sour t^^^atificat ion 
was drafted for a Collins 208U-10 linear amplif ie^or Esa ’ 

curement memo also included two amplifiers for 

3 . The Analysis and Appraisal of Jh* RCA SSB-5 was stopped due to I 

failure of the transceiver. The local representative was contacted ZDAiAoai 

and asked for an exchange of transceivers so the lab can continue with 
the A and A. 
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